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26 June 1970 


25X1 


Subject : 


- I IN ^ ^ \ / -j-t— W -L L.WW— V/i 

Monthly Technical Progress Report 
Period Ending 31 May 1970 



Dear Burtr 


In fulfillment of the subject obligation enclosed please 
find one (1) copy of this Contractor's report No, 75, 
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ELECTROMAGNETIC RECONNAISSANCE SYSTEMS 

« 
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1940-L-75 ■ 


PERIOD ENDING: 31 MAY 1970 
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This is the seventy-fourth ( 7 I 4 .) monthly letter report listing 
the remaining open items attendant to the procurement of 
additional Electromagnetic Reconnaissance Systems (EMR). 
(March 1970) 


FOLLOW-ON EMR PROGRAM- STATT/S OF OUTSTANDING ITEMS 


BASIC CONTRACTUAL OBLIGATIONS 

W/S Item V - CONFIGURATION RECORDS 

Will be submitted for acceptance under the 
Contractor's final (close-out) voucher. 

•Complete - Not delivered 


SUPPLEMENTARY CONTRACTUAL REQUIREMENTS 

ECP 1914.0-29 SCL MEMORY NOISE & LOGIC RETROFIT 

One (l) remaining spare assembly ’’Stabilizers and QTATIMTI 
Drive Assemblies Wired” (TI P/N 54.2061).- 2, EMI 
902720A02) is in the process of being mod-ifi^ hv 


the Subcontractor. 


- This 

to AI of TU Jiilv 1 

item naa a contemplated delivery 

07 n.f*l J 


(#) On 24 June 1970 reported that testing on^TATINTL 
the Stabilizer & Dbive Ass'y is proceeding 
without problems & the unit is now scheduledcTAT|M _ n 
for delivery to □on 30 June 1970. Del iver^TATlKItb 

to PS0 should follow within a week to<berf\(10) 

days thereafter. i * 
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OPT IONA ^REQUIREMENTS (Spare Parts) 


LIST WO . SEQ. # PT. NO. NOMENCLATURE QTY REMARKS 

-1 A0933O — 3lp05 e* > - l Stag e -fe-Afep 1 

r A - eoomr 


I4 02IJ.600 5L2065-T Sense Card 1 

Assem. 

■I4- 023I4OI — Stebllllzer 3 - 

• A ' Bs e' tm - 

-36 7001 8 1 — 502l4.87 - l|. One Shot L.O. 2- 

-36 700182 — 5 0 2 148 - 7 - 3 One-Shot L>Cj 2 - 


ASPO enters this item 
on DCN E67-1I47 S/3 
List I4 I/N 02I46OO 


- ASPO 'e nt e r s 1 P/N as 

51420614 - 1 - on -DON 568 -1 48. 
-5 /3 ' P/N ' 5l4206l4"2 DCN — • 
• E68-91 ' .3ee List I4 I/N 
- 003 ' l tO l- 


EDP SHIP INEORMA. 

-27*70 Vo. 5201 to PSO 


7/15/70 (*) 



V T O - Vo. 5313 to PSO 
Vo. 5313 to PSO 


(*) Per telecon discussi on with 

on 2 I 4 JuTT5 I77U" 


o — ouu-Luii ui eiu uui , j has encountered 
problems with the Sense Amplifier. 

[ (has reported that they are experienc- 
ing too fast a rise time with transistors* 
that have been recently procured - 
Complete manufacture of new modules may 
Jjl forwarding 

stating the overall 


be required 
corresp ondence 1- ^"^ 
impact. 


STATINTL 




?TAT NTL 
5TAT NTL 
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